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BILL NO. S-75-08-^/ 

SPECIAL ORDINANCE NO. S- /S9'7 6 ■ 

AN ORDINANCE approving a contract with R. W. 

KAIN, INC., for installation of Car Wash at 
Lafayette Street Complex 

BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
WAYNE, INDIANA: 

SECTION 1. That the contract dated July 24, 1975 between the City 
of Fort Wayne, by and through its Mayor and the Board of Public Works and 
R. W. KAIN, INC., for: 

Construction of the proposed Automatic Car Wash in 
the Lafayette Street Complex 

for a total cost of $19,975.00, all as more specifically set forth in said contract 
which is on file in the Office of the Board of Public Works, and is by reference 
incorporated herein, made a part hereof and is hereby in all things ratified, 
confirmed and approved. 

SECTION 2. This Ordinance shall be in full force and effect from 


and after its passage and approval by the Mayor. 


L 



APPROVED AS TO P0*W 

AND LEGALITY_ 













Read tne HR St tff§ in fu'H and on motion by a seconded by 

Q , and duly"adopted, read the second time by title and referred 
to the UfxiMttec on {urtirTiwXVcf PI an. 

Ceffwri~5TT5n roTH~eEblftneiTda^^ 1 ic Heari-mr-t e-bo ■ h< 3j-d-aft^g_jdu.e legal notice, 


at the~Council’ tnMibfcrs a City-County Bui 1 ding, Fort Wayne, TjTdTarraT"&ir-~ 
the--&yr-ei—- - —-- - TT1 , at' ' 


/'A-* - 7r 




Read the third time m full ana on motion b y • 

econded by y /( , and duly adopted* placed on its passage. 


Passed by the following vote: 


TOTAL VOTES 
BURNS 
H1NGA 
KRAUS 
MOSES 
NUCKQlS 
SCHMIDT. 0. 
SCHMIDT, V 

STIER 
TAlARICO 
DATE: 


SvCC &! A VC ARCTATMCn ARcrrMT TTUUTT 



Passed ano adopted by the Common Council of the City of Fort Wayne, Indiana, 
as (Z oning Macr j- .{-6efH S H - al) ( AaogMtion) (Special) (Appreorfa-t-fen) Ordinance 











































































Bill No. S-75-08-21 


Lli No. 


a, your 


REPORT QS TH£ ON PUBLIC IvORKS 

Committee on Public borks _ to whom was referred an Ordinance 

approving a contract with R.W. KAIN, INC, for installation nf r* r 

Wash at Lafayette Street Complex 


have had said Ordinance under consideration and beg leave to x'aport pack to the Common 



DATE. 


I* 


' CONCURRED IN 
-CHARLES W. WESTERMAN, CITY CLERK 






































THE CITY OF FORT WAYNE 

board of public works 


July 11, 1975 


The Common Council 
Fort Wayne, Indiana 


Gentlemen and Mrs. Schmidt: 

After considerable delay resulting from need for a survey and preparation of 
plans, bids were- taken in the Board of Public Works for installation of an 
Automatic Car Wash at the Lafayette Street Complex. Two bids were received: 

R. W. Kain, Inc. $ 19,975.00 

Butler & Butler Construction $ 35,628.00 

The contract has been awarded to R. W. Kain, Inc. 

Due to the damage of decals on city cars resulting from running through the 
truck wash and since the contractor will be free to proceed, the Board deems 
it advisable to request a "Prior Approval" on the contract so construction 
may be started. 

An Ordinance will be submitted as soon as contract documents are written. 


Sincerely, 


BOARD OF PUBLIC WORKS 



Carl E. O'Neal, Member 


CEO/nlj 


Attachments 
cc: Mayor 



City Clerk 


AN EQUAL OPPORTUNITY EMPLOYER 














' 0 J ECT Automatic Car Wash - Lafayette Street Complei? ^ ^ 


AN A LYSIS SHEET 


TE 


July 2, 1975 


-R-E-5.--N0-. 


B.O. #60-1975 


MATERIAL 


CONTRACTORS 


TREETS — 
AN UNIT 


Lump Sum 


• A LLEYS—SIDEWALKS 
-- - MATERIAL. 


Building Construction 


19,500.00 


19,500.00 


R. W. Kain, Inc. 


UNIT 

-BID- 


TOTAL 

BID 


19,975.00 


Butler & Butler Constr. 


UNIT 

BID 


TOTAL 

BID 


35,628.00 


UNIT 

BID 


19,975.00 


35,628.00 


2.44# 


82.71# 


OFFICE OF CITY ENGINEEI- 
FORT WAYNE INDIANA 


TOTAL 

—BID 


UNIT 

BID 


TOTAL 

-BID 
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CONTRACT 


CITY PAID 

SUBJECT TO COUNCILMANIC APPROVAL 
Preliminary Meeting 
Ratification _ 


3%tsi Agmmntt made and entered into this. day oL 

by and hfttwwm ~T.1~.~~~1 !TTT.~~"~T~"" 



1 9 . 2 £ 


---——R. W. KAIN, INC. —-—— 

hereinafter called “Contractor” and the City of Fort Wayne, Indiana, a municipal corporation, herein¬ 
after called “City,” under and by virtue of an act of the General Assembly of the State of Indiana, 
entitled “An Act Concerning Municipal Corporations,” approved March 6, 1905, and all amendatory 
and supplementary acts thereto, WITNESSETH: That the Contractor covenants and agrees to im- 

prpve- Board Order No. 60-1975, for construction of the proposed Automatic Car Wash 

in the Lafayette Street Complex in accordance with plans and instructions on 

title sheet of the plans. 


by grading and paving the roadway to a width of; 


ifeet with. 


upon a foundation and with curbing as fully set out in the specifications hereinafter referred to, in a 
good and workmanlike manner and to the entire satisfaction of said City, in accordance with improve- 


Board Order No. 


at the following prices: 


Construction of Automatic 
Car Wash in Lafayette 
Street Complex 


Nineteen Thousand Nine Hundred 
Seventy Five Dollars and No 
Cents, per Lump Sum,.^ 


The Contractor will furnish immediately a certificate from the Industrial Board of 
the State of Indiana, that he has complied with Sections 5, 68, 69 of the Workmen’s 
Compensation Act, approved March 14, 1929, in accordance with Section 14 of the 
Compensation Act (Acts 1929, page 545, being Section 9459 of Burns Annotated 
Statutes, Volume IV). (Section 40-1214 Burns Annotated 1952 Revision - Volume VIII). 

A copy of General Ordinance No. G-60-66, concerning discriminating in employment 
under municipal contracts, is attached and incorporated herein by reference. 
























The Contractor hereby expressly agrees to perform all the work^n thp prgsepution of^the above 
described improvement according to the terms and conditions ofTrBprovembnt-RestHaSefi No§2oA§Z!2.„ 
the plans, profiles, specifications and the contractor’s bid therefor on file in the office of the Department 
of Public Works of said City, which said resolution, profile, plans and specifications are made a part of 
this contract as fully and effectually as if copied herein at full length, (copies of which are attached 
hereto). ■ 

It is hereby agreed that no assignment of this contract shall be made without the written con¬ 
sent of the City; said Contractor hereby covenants and agrees that said improvement shall be finally 
-w ithin thirty (30) - days after Councilmani - e - 

and in all respects completed on or before._/_19_and the Contractor agrees to pay and 

give to the City, as liquidated damages, the sum of fSlfkCQ' for each and every day after said 

_da te _, 19_until said work is finally completed and ready for acceptance by the City. 

It being also understood that in event of any conflict between this contract and the specifications, that 
the former shall be considered to contain the intention of the parties hereto. 

It is further agreed by and between said parties, that the acceptance of the work provided for 
in this contract, or the payment therefor, for the whole or a part, shall not constitute a waiver on the 
part of the City of any of the provisions of the contract, nor shall it release said Contractor, or the 
sureties upon its bond for the faithful performance thereof, nor shall the acceptance be even prima facie 
evidence of the performance of any provisions of such contract except to the extent of entitling said 
Contractor to receive the price therefor. It is further understood that the failure of the City to exercise 
its right of inspection or rejection of material and work, or the exercise of such right shall not in any 
sense be considered an acceptance of any part of said work or material. 

The Contractor further contracts and agrees that in the prosecution of said work all proper 
skill and care will be exercised, that said party will properly and fully guard all excavations and 
dangerous places, and will use all due and proper precautions to prevent injury to any property, person 
and persons, what or whomsoever. That for and during the period of the making of such improvement, 
and the period for which the same is to be maintained and kept in repair by the Contractor, the City 
shall be saved harmless from any and all liability whatsoever growing out of any injury or damage to 
property or persons because of any neglect or fault of the said Contractor, its agents or employees, in 
the execution of this contract or any matter connected therewith or related thereto and to pay any 
judgment with costs which may be obtained against said City.growing out of any such injury or damage. 

To each of the conditions and stipulations in this contract, the undersigned bind themselves, their 
successors and assigns. 


IN WITNESS WHEREOF, we the foregoing named parties hereunto set our hands this— 



®f>PROVED TO 


ROFfS LEGAUW 
























GUARANTY BOND 



Knatn All JH?n bg ©4?s t :pr?as?nta, That we" 1 rjz=zzzz=zzzz=^^ r - " -—-~ 

-R. W. KAIN, INC. - —---------- .Contractors 


principal, an d Continental Insurance Company of New York, New York- 


as surety 


are held and firmly bound to the City of Fort Wayne, Indiana, in the sum 


Nine Hundred Seventy Five Dollars and No Cents- 


for the payment of which well and truly to be made we jointly and severally bind ourselves, our heirs, 
executors, administrators and assigns firmly by these presents. 

The conditions of the above obligation are, that whereas the said ——.t... 


•R. W. KAIN, INC. 


did on the 



, enter into a rnntrart with the City of Fort Wayne to construct a 

v-wi; 

Pavement 

’ hS&' V’’ 


construction 

of the proposed Automatic Car Wash in the Lafayette Street Complex 


in accordance with plans and instructio ns on t i tle sheet of the plans. 


__according to certain plans and specifications, and 

for a period of three (3) years 

also warranting and guaranteeing the worl4 material and condition of the pavement thereof as provided 

in aforesaid contract and specifications. Now if the said. "-—rrr--—— 

R• W. K AIN , INC. ; shall faithfully perform and fulfill all the require¬ 


ments of said warranty and guaranty, and make all repairs required under said guarantee, and in the 
manner provided for, then this bond to be null and void, otherwise to be in full force and effect. 





















































LIABILITY BOND 


Imaa All Mtn bg ftearata, That - : 

-,--—---R. W. KAIN, INC.' 


as principal, anH Continental Insurance Company of’New York. New York- 


as synjet tyj, are held and firmly bound to the City of Fort Wayne, Indiana, in the sum n f Nineteen . 

Thbus'and Nine Hundred Seventy Five Dollars and No Cents--- 

for the payment of which well and truly to be made we jointly and severally bind ourselves, our heirs, 
executors, administrators and assigns firmly by th ese presents. 

----- < 3 19 , 975 . 00 ) 

The conditions of the above obligation are such, t hat if the above named party of the first part shall 


faithfully comply with the foregoing contract made and entered into the 14th 


dayof_.- -jxs±g— 2975 -, with the City of Fort Wayne, Indiana, and shall faithfully fulfill 

all the conditions and stipulations therein contained, except the warranty and guaranty of the pave¬ 
ment as to the workmanship, material and condition s for the period of three.(3) years, according to the 
true intent and meaning thereof in all respects, the n this obligation to be void, otherwise to be and re¬ 
main in full force and virtue in law and in the even t the said City shall extend the time for the comple¬ 
tion of said work, such extension shall not in any way release the sureties on this bond. 



JULY. 11,. 1975 











































WAGE S CRLE 


CGD2: S-.VKT.uLFG 

sl-l esr ;; killed 

dS-rw'LL'LLD 

if-tmoustp ?al fund 

PW-pER 

We the undersigned co^ittee, bains appointed to prepare a schedule or the prey s, I I J 
v.u-ea to be paid in connection with, ALL CONSTRUCTION AND MAINTENANCE. ?ROJt.CiS .0 -- 
3Y°C0N'TRACT FOR THE 80.ARD OF WORKS, CITY OF FT. WAYNE, INDIANA DURING THE MONir.S Or J-EY, 
AUG-JS. AND SEDI i£MOr , 1975. ^ r*?‘\. r r* c ? *! *<c q vm ^* y 

to wit; 

T? Aim OR ^CCUPAZLI CUS 

AS3EST0S WORKER 
BOIL ERMAX ER 

bricklayer 


carpenter 


(BUILD IMG) 
(HIGHWAY) 


CEMENT MASON 
ELECTRICIAN 
ELEVATOR CONSTRUCTOR 
GL ABLER 

IRON WORKER / 

laborer 


(BUILDING) 

(HIGHWAY) 

(SEWER) 


L AETHER 

MILLWRIGHT 6 PILEDRIVER 

OPERATING ENGINEER (BUILDING) 
(HIGHWAY) 
(SEWER) 
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40 i 




s 


9.60 

30 

17430 


4 
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12 
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65 1 60 
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35 1 35 
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; 7 


CTc-BS 

6.25-7.33 

35 

30 

i 7 
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8. 20 


25 
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! 3if 
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9.06 


67, 
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j 2if 

3-SS 

US 


7.20-9.90 

40 

40 
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tec: 

■•US 

6.96-9.10 

40 

40 


i ^ 
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S-SS- 

jUS 

7.07-9.27 

AO 

40 
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7.75-8.75 

37 

35 


10 
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8.40 

40 1 
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9.90 

30 '65 ' 
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4 if 
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! io 



1 

s 


9.89 

40 * 35 


4 
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S-SS-fUS 

7'. 161-7. 7o *17, 50pw . la. v>p 


ED IN THE A 
.1 i shall be 
ae, but in 
rata of wag 

BOVE SCHEDULE, THE ?A c.V A L L l .V. W.-Gs SC A-a -— 

the ainim-via p-eavui 1 in? ’-age scale tor zr.is pr . 
no way aha11 it prevent the contractor or stb^- , 
ea than net out in the schedule dr v> t^ ' p ‘ - - x ' 
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REP^pEV. G.V/EENCR. r> . * -- ■ ^ < 

. /" '’rw.'Nt C.' '.4 




































































































The 


Company 







































DIGEST SHEET 


J-7Sr-D?^ 


TITLE OF ORDINANCE Special Ordinance __ 

DEPARTMENT REQUESTING ORDINANCE Board of Public Works 

SYNOPSIS OF ORDINANCE Covers contract with R. W. Kain, Inc, in amount of $19,975. 00 
for installation of an Automatic Car Wash at the Lafayette Street Complex (B.O. 60 -75) 


SEE "PRIOR APPROVAL" AND BID TABULATION ATTACHED 


EFFECT OF PASSAGE Acquirement of needed car wash for city cars. 


EFFECT OF NON-PASSAGE SEE "PRIOR APPROVAL" 


MONEY INVOLVED (Direct Costs, Expenditures, Savings) $19,975,00 


ASSIGNED TO COMMITTEE 


/yLvillL ■ jit 





























